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BILL NO. S-86-10-.73 
SPECIAL ORDINANCE NO. S- 42> FL 


AN ORDINANCE approving Change Order 
No. 4, Res. 6021-85 - Maplecrest 

Rd. Extension, with Earth Construction 
Co., in connection with the Board 

of Public Works and Safety of the 

City of Fort Wayne, Indiana. 





NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 4, Res. 6021-85 - 
Maplecrest Rd. Extension, with Earth Construction Co., in connection 
with the Board of Public Works and Safety, for: 

this Change Order is necessary 

because the Controller's Office 

is going to bill Shive Nursing 

Home for their share of the cost 

of D-lanes on Maplecrest Road. 

This change order reflects that 

billing; 
involving a net increase of Thirty-Four Thousand Eight Hundred 
Four and 32/100 Dollars ($34,804.32), all as more particularly 
set forth in the specifications, and which is on file with the 
Office of the Board of Public Works and Safety and is by reference 


incorporated herein, made a part hereof, and is hereby in all 


things ratified, confirmed and approved. 





SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 





APPROVED AS TO FORM 
AND LEGALITY 









Bruce O. Boxberger, City Attorney 
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by title and rerérfed to the Committee (and’the Cit 
Plone onn ESen far rocco dation) sare Ors hse Hoaring nel raster 
due legal notice, at the Council Chambers, ] i Tp. more Wavy 
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DRA EE. KENNEDY ;. CITYCCLEARK 


jme in fubl and on motion by $ 
, and duly adopted, plagéd’on its 


) by the following vote: 





Read: the third 
seconded by 
passage. PASSED 









AVES NAYS ABSTAINED ABSENT TOS WEDE 


Ca 


TOTAL VOTES 





BRADBURY 
BURNS 
EISBART 
GiaQUINTA 


HENRY 


PI h idk Rh 


TALARICO 


SANDRA E. KENNEDY, CITY CLERK 


Passed and adopted by the Common Council of the City of Port 


Wayne, Indiana, as (A A T n SENERAL) 
(SPECIAL) (ZONING. MAP) ORDINANCE (RESOLUTION) NO. AIS De 
on the 2 [HO day of MAS) ee Pa: He Ce : 


| ATTEST: 


SANDRA E. KENNEDY, CITY CLERK 

Presented by me to the Mayor of the City of Fort Wayne, Indiana, 

on the AGL day of L, ARC FE i 
at the hour of de OOo o'clock R M., ESSET, 

rA EE S A x elg P 


SANDRA E. KENNEDY, CITY CLERK 














Approved and signed by me this Fut day of AI wenak, ; 


19 k b , at the hour of 38 o'clock E Mey DeSeT 


IN MOSES, JR., MAYOR 


| se a IC ie Jas* 37 








CHANGE ORDER 76 

—— sé 
Change Order No. __4 ; Resolution No. 6021-85 
Project No. ; Board Order No. 
Name of Project Maplecrest Road Extension pga tep SS IF r 30, 1980 

oc 
To: Earth Construction Co. 
(Contractor) 

Gentlemen: 


4 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 





Item Description of Change Change in Contract Price 
No. | Quantit Unit Price 


ee ee a 











Total Decrease 


Total Increase eee. | $34,804.32 


Net (Regrease) (Increase) Contract Price | S30 S2 


The sum of § 34804.32 is hereby (added to) (sesugtedxfxam) the total contract 
price, and the final contract price shall be adjusted as follows: 


Original Contract Price $ Sake siege 
Current Contract Price Adjusted by Previous Change Order $ 675,545.56 


New Contract Price Including this Change Order $ 710,349.88 
The time provided for completion in the contract for this project is (unchanged) (increased) 
(decreased) by calendar days due to this Change Order. The date for completion 
of all work shall be - Furthermore, this document shall become an 


amendment to the ae and all provisions of the contract shall apply hereto. 


Recommended by: | LAA - Gheal \. Chief Engineer) Date F T 20- TA 
Accepted by: ; al wipe —s Contractor) Date yO = 7 AN SG 


Approved byl Ry ya City Engineer) Date [O TEF gl 
J PAN bleh. Owner Date TEET se 7A 
EENET LL} 


THO ties St 


Attested by: x bh gt J ba Lish, AAA. Pre ot ee E 


Approved by: 


to 


4 


Change Order No. 
Resolution No. 6021-85 


Board Order No. 106-84 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: The controller's office is going to bill Shive Nursing 


Home for their share of the cost of D-lanes on Maplecrest Road. This change order 


reflects that billing. 


a a ere 
i pr i es 
eth a ace A ee ee 
a Ne de ee 
a et As See 
a e a a a a a 
rea e ee a ans Rone Ne a E a 
rg eee 


Will proposed change alter size of the project? Yes Now aax 


If yes, explain: 

cee at prt ino a 
STS E E e a er nae S 
eee 


Affect on operation and maintenance cost of this project: 




















Richard Knappenberge 






D-LANE COST TO BE BILLED TO SHIVE NURSING HOME 





ITEM DESCRIPTION 


NO. 


ple 


3T 
32 
38. 
39°. 
40. 
4l. 
42. 


44, 


Common Excavation 
Asphalt Base #5D 

Asphalt Binder #9 
Asphalt Surface Type II-B 
Concrete Curb Type II-B 
Thermoplastic Arrow 
Thermoplastic Word "Only" 
Nursing Home Storm Sewer 
Geotextile Fabric 
Limestone Base 
Unsuitable Excavation 
Nursing Home D-Lanes Add 


21" RCP Extend to R/W 


QTY UNIT 
PRICE 
42998 CY. 3.00 
233 Ton 26.40 
46 Ton 26.85 
46 Ton 29.75 
4 Leaks 6.65 
a: Each 80.00 
ni EHach™ 75.00 
al LS. 5920.90 
845 S.Y; 1.65 
420 Ton 8.00 
200 Ca Nes 5.00 
ak ES 0715 224 
ab LSE 2187.59 
TOTAL: 


AMOUNT 


1289.94 
615L.20 
1235. LO 
1368.50 

26.60 

80.00 

75.00 
5920.90 
1394.25 
3360.00 
1000.00 


10785.24 


2187.59 


$34,804.32 


LTOS. 
Admn. Anpr. 


TITLE OF ORDINANCE Change Order #4, Maplecrest R& Extension, Res. 6021-86 


eee 


DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 





SYNOPSIS OF ORDINANCE Change Order #4, Maplecrest Rd. Extension, Res. 6021-86, 





is necessary because the controller's office is going to bill Shive Nursing 





Home for their share of the cost of D-lanes on Maplecrest Road. This change 





order reflects that billing. Earth Construction Co. is the contractor. 


e asia he ake aT ee ie ee 

















EFFECT OF PASSAGE To facilitate completion of project. 








EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase of $34,804.32 


ASSIGNED TO COMMITTEE 


BILL NO. ; S-86-10-23 
AEE E ie ee ee 


REPORT OF THE COMMITTEE ON PUBLIC WORKS 
WE, YOUR COMMITTEE ON PUBLIC WORKS TO WHOM WAS 
ee ee oe 
REFERRED AN (ORDINANCE) ( RESOUINKEKOM) approving Change Order 


4 Res. 6021-85 - Maplecrest Rd. Extension, with Earth 
onstruction Co., in connection with the Board of Public Works 
-and Safety of the City of Fort Wayne, Indiana $ > 
Trp a ce a E ES O E EE 
i e a ee ee Ny 
Dae ERE eT ar Re a LS a ee = ey 
iO es ks a AO a ce cama as, caer eee er a a ee ee 


IN EF AEE SCI a aac” gem ace a nr oer ere EE Oe 


“sHAVE HAD SAID (ORDINANCE) (RBSSEG#ESONF UNDER CONSIDERATION AND BEG 
LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


( RESODUCDON)X 


YES NO 





THOMAS C. HENRY 









CHAIRMAN = eee 
DONALD J. SCHMIDT 
VICE CHAIRMAN C 


n MARK E. GiaQUINTA 


zæ PAUL M. BURNS 


Aaen G. ACAR CHARLES B. REDD 
, Mae E ke RS, 


CONCURRED IN 4 GAt RE SANDRA E. KENNEDY 
CITY CLERK 





